PRO_FILENO = 612743,DESCPT = Bridge Preservation, M-18-017 (463), I-495 over Route 105 & MBTA/MACRR,Location = MIDDLEBOROUGH,DB_CONTRACT = 124099
OFF_QUANT,UNITS,DESCPT1,ITEM_NO
"1.000","LS","SCHEDULE OF OPERATIONS - FIXED PRICE $14000","100."
"150.000","HR","BASE LABOR RATE","100.1"
"15.000","FT","PRESSURE INJECTION OF CRACKS","107.855"
"30.000","CY","REINFORCED CONCRETE SUBSTRUCTURE EXCAVATION","127.12"
"1.000","CY","REINFORCED CONCRETE SUPERSTRUCTURE EXCAVATION","127.14"
"80.000","TON","CRUSHED STONE","156."
"740.000","FT","CLEANING BRIDGE SEATS","226.37"
"30.000","TON","HMA FOR PATCHING","451."
"450.000","FT","MILLED RUMBLE STRIP (TYPE A)","477."
"345.000","FT","HOT POURED JOINT SEALER","482.2"
"350.000","FT","SAWING AND SEALING JOINTS IN ASPHALT PAVEMENT AT BRIDGES","482.31"
"240.000","SY","GEOTEXTILE FABRIC FOR PERMANENT EROSION CONTROL","698.4"
"25.000","MO","ENGINEER'S FIELD OFFICE AND EQUIPMENT (TYPE A)","740."
"1.000","LS","MOBILIZATION","748."
"70.000","DAY","TRAFFIC CONES FOR TRAFFIC MANAGEMENT","851.1"
"1100.000","SF","SAFETY SIGNING FOR TRAFFIC MANAGEMENT","852."
"16.000","EA","PORTABLE BREAKAWAY BARRICADE TYPE III","853.1"
"210.000","DAY","TRUCK MOUNTED ATTENUATOR","853.403"
"140.000","DAY","TEMPORARY ILLUMINATION FOR WORK ZONE","853.8"
"280.000","DAY","ARROW BOARD","856."
"672.000","DAY","PORTABLE CHANGEABLE MESSAGE SIGN","856.12"
"37100.000","DAY","REFLECTORIZED DRUM","859."
"420.000","DAY","REFLECTORIZED DRUMS WITH SEQUENTIAL FLASHING WARNING LIGHTS","859.1"
"25.000","CY","4000 PSI, 1.5 INCH, 565 CEMENT CONCRETE","901."
"35.000","CY","4000 PSI, 3/8 INCH, 660 CEMENT CONCRETE","905."
"25.000","CY","4000 PSI, 3/8 INCH, 660 CEMENT CONCRETE","905.01"
"2010.000","SY","EXPOSED CONCRETE BRIDGE DECK SEALING","908.11"
"100.000","SF","CEMENTITIOUS MORTAR FOR PATCHING","909.2"
"5.000","CY","RAPID SETTING LOW PERMEABILITY DECK REPAIR CONCRETE","909.3"
"8.000","EA","SELF CONSOLIDATING CONCRETE BEAM END REPAIR","909.42"
"1250.000","LB","STEEL REINFORCEMENT FOR STRUCTURES - EPOXY COATED","910.1"
"300.000","LB","STEEL REINFORCEMENT FOR STRUCTURES - GALVANIZED","910.3"
"10.000","EA","MECHANICAL REINFORCING BAR SPLICER","910.4"
"1.000","LS","CLEAN (FULL REMOVAL) AND PAINT STEEL BRIDGE NO. M-18-017 (463)","961.201"
"2800.000","SY","CONCRETE PROTECTIVE COATING","964.21"
"2.000","EA","WEEPHOLE INSTALLATION","968.5"
"225.000","FT","PRE-COMPRESSED JOINT SEALER","973.2"
